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OXG - 0342 
23 February i960 



Deputy Director ( Plana) 
Acting Chief, BFD 


- Pratt and Whitney Proposal for Development of 
fixhaust Ionizing Equipment for the J-58 Sngine 


33 iia memorandum contain® a reooiaamdaticn for the Deputy Director 
Such recommendation ia contained in paragraph 3. 


submit* 



_ 2 » In view of the high cost estimates ^in excess of 
ted in the past by Pratt and Whitney for the development of a variable additive 
control system for the Jf-§8 engine, Pratt and Whitney was directed to approach 
the problem in pha ses in order to head down easts and inasmuch as at this time 

of the opinion that a simple on-off constant flow system 
Pratt and Whitney submitted a new proposal dated 
which severs i *) Continued evaluation of exhaust 
tests to determine effect# of altitude on the 


would Fuff ice 

15 February I 960 , attached, 
ionising additive' on the 

attenuating properties of thjalcnizing element j and e) research to define a 
suitable additive carrier and injection system by 30 duly i960. fhe estimated 
cost of t his phase of the program through 30 July i 960, including charge® of 
I accumulated since 1 November, is I 1 Frati and Whitney views 

this work as a change in the scope of work and 

Furthe r, that the contract price schedule be changed fro® 


that its co ntract be 


to 


price from 


X.C> 


of the contrast reflect a change in the ceiling 
increase because of difference 


between target and celling price). No funds will be transferred to F & w at 
this time for this purpose since funds available to ? & W are adequate. 


3 . It is 


that 5 


a. the m/t approve the fratt and Whitney proposal dated 15 February 
for the development of exhaust ionising equipment for the d-58 engine. 



celling 


. . approve the amendment of Contract , 
to reflect the change in scope of vcrTTa n ^E b raise the 
of the contract fro® 


SIGNED 
1 ^ 

Deputy Chief, Development Branch 


_JL.Copy of__£_Copies 


Attachment; 

$ & W proposal for Contract 
M Amendment dtd 19 Feb. i960 

UOSttMHT M. ./tTTT^ * 

HC 6HS8Sfc^'« 5 ( ui "’ '®1 

n - §rmi 
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SECRET 



CQLOSEL, UEAF 
Acting Chief, Wm 


lecoiaaeMation in paragraph 3 APPftOVSD: 


v .- : -ard M, Bis^i!, Jr, 


ina®E js: 

Deputy Director (Plana) 


Distribution: 

Cc®r X & 2 - Cmtracta/nKO v/o att. 
3 - S©/f v/«tt. 

^ - AC/KFD v/o att. 

5 & 6 - OH/EB/dH) v/o att. 

T * ytnance/jDPD w/o att. 

8 - Bf/SPD v/o att. 


QXC - 03^2 

Dage 2 


2 € Fr R tgpn 

Data 


1 MAR 1SS0 

Sate 


£.„..Copy oL.£._Copies 
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